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Attention : 



Subject • 


Gentlemen 


Proposal for Amendment to Contract RD-103; 
Spare Parts for Task Order 10 Equipment 


is pleased to submit in accordance 

with the request contained in your letter of 10 December 1958 a firm proposal 
covering the Statement of Work set forth in Exhibit ”A" attached hereto. 

Any amendment to Task Order 10 of subject contract resulting fron 
this proposal will be considered as part of basic contract HD-103, and all of 
the Terms and Conditions of that contract shall apply. 

The estimated CPFF for this work, set forth in Exhibit "B", may te 
considered firm for a period of sixty (60) days for the purpose of negotiation. 

Very truly yours, 
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Enclosures 

Exh A - Statement of Work 
Exh R - Cost Breakdown 
Exh C - Del. Schedule 
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STATEMENT OP WORK 


Item 1. Spare pairts for 10 ea RS-16 b Field Units as follows ■ 


Item Quantity 
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3 

20 

k 

6 
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Power Amplifier 
Osc lllator/Amplif ler 
Stepping Oscillator 
Keyer 
Coder 

High Voltage Power Supply 

Low Voltage Power Supply 

Receiver 

Batteiy Box 

Sequence Timer 

Commutator 

Brush Assembly 

Bscapen ’ rigger 

Tape Supply Reel 

Tape Feed Reel 

Governor 

Escapement Return Spring 
Reading Head 
Alphabet Disk 
Groxmd Stakes 

Ground Plane Reel Assemblies 

Antennu 

Case Gaskets 
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DELIVERY SCHEDULE 


Item 1. On or before 30 June 1959* 


NOTE: 




This schedule Is predicated on a forty -four (A4) hour work week. 
As Indicated in the estimated cost breakdown, Contractor antici- 
pates 240 overtime hours. It is requested that any amendment to 
Task Order 10 resulting from this proposal Include authorization 
for this overtime. 
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